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2 September 196^ 


MEMORANDUM TO: Director of Training 
FROM : 


SUBJECT : Conversion of Building 28E27 


25X1 


A COMPLETION DATE OF I 5 OCTOBER I 9^5 HAS BEEN PROPOSED FOR THE 
CONVERSION OF BuiLDlNG 28 E 2 y. Th I S COMPLETION DATE CAN BE MET IF 
THE FOLLOWING CONDITIONS ARE COMPLIED WITH! 

A. That we receive final drawings and specifications for 
THE PROJECT FROM THE ReAL EsTATE AND CONSTRUCTION DIVISION IN 
THE NEXT FEW DAYS. To DATE, THEY HAVE NOT BEEN RECEIVED BY 
THIS Station. 

B. That after final drawings and specifications are re- 
ceived that ONLY MINOR CHANGES ARE MADE. 

c. That we are able to procure the necessary equipment 

and MATERIALS ON OR BEFORE THE DATES REQUIRED. 

D. That the special equipment to be installed by other 
than Public Works personnel is adequately provided for in the 

DRAWINGS AND SPECIFICATIONS. 

E. That overtime can be utilized at our discretion. 

F. That we are able to secure contractors for informal 
contracts FOR THE DUCTS NECESSARY FOR THE VENTILATION SYSTEM 
AND ALSO FOR A SEPTIC TANK SYSTEM. 

G. That no other projects arise having higher priority. 
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